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REFERENCE: 

copy to: DbTjb Brovn, R. Linn, H. Kagel, C.A. Smith, F.R. Werneke, File 


. The above referenced change consists of furnishing and applying 
CAFCO Type D Spray-on Fireproof ing and a Mark II "overspray to all floor 
trusses on floors Sfthrough 12 inclusive in Tower "B" (Telco Area) as j 
detailed in a "Request for Quotation" dated October 14, 1969. / 

The Building EstimaterService estimate for this change (C-323~Rev. 
#1 dated January 9, 1970) is $51,500. The Contractor submitted a proposal 
dated December 2, 1969 in the amount of $97,800, vhich through negotiations 
vas reduced to the Lunp Sum amount of $95,000. 

Since the issuance of the 'above change, all Spray-on fireproof ing 
material^haV beeia changed to CAFCO Type; D-CF.in lieu of Type : Compensa- 
tion? for' this* chan'se In i^tefial vill be covered under other authorizations. 

In^itleu/of the above, it is recommended that a supple m ental 
agreement be prepared and issued to the Contractor in the negotiated auount 
of $95,000 for the performance of this vork using CAFCO Type D-CF Fireproofing 
material. 



